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21 Novewher 1956 
TAMOGAKDAM FOR THR COMMMMDER, ALK RESEARCH AND DEVELOPYRNT Cosmanu 


SUBIECT: tecation ef the Miesile Assembly Building fur the Seakxy Program chief 
ms —- * - @et. 


Treaeattted herewith ka ABFA Order Hie . 41-59, dnted November 17, 1958, my 


which suthorizes tha construction of the leumch complex at Potat Arguelle  <7.t-f 
fox the fentry Pregran. 


At the time wa requested Spportionmmt ef the funds for this lLeauch 
couplex and the sesuciated. wi satle handling buiiding, the Director of the 
Budget, OAS (Compexeller), sada the fellewing observations in @ rmomor an - 
dum to the Director, ARPA: 


, "Et Ls to be neted that your request includes fuade far 
wisetle asseably buildings te be located at Vandenberg Air 
' Force Base. In oxauining the master plan ef the Pacific 
Misslle Range, it “ppears thet 4 wore suitable lecation for 
these facilities would heave been the Heavy {adustrial aren at 
Point Argualle. The location of there fecilities at Vanden- 
berg, iu cur epinioa, te lizely to generate problene of trane~- 
portation vhen caneidering tha existing roads which Comect the 
Ait force Base with che Arguello lavaching facilities, aad it 
may Eenerate a tequirement for road improvements, the oost of 
which will be signi ficent......4¢ is requested thar further . 
consideration be given to the siting ef theses facilities." 


kt would be appreciated if you would review the siting of thase 
facilities in a letter to us vith special vaferenca to the reads and 
ether general use feuiiity factors which are the responsibility of the 
Pacific Missile Range. 1 beliava it would be helpful if your letter 
indicated the views of the » Pacific Missile lange, 


| conceraing 
the location ef this building, end I an therefere sanding hin a copy of 
this sencrandun. | | 


Open receipt of your letter and ARPA approval of ite site location, 
funds shall be released fer Construction of the aicaiie handling building. 


Rey Wi. Johnson 


Director 
1 Incl: | 
ee ler Mo. 61-39  . QDOWNGRADED «ar J YEAR INTERYARS 


DECLASSIFIED AFTER 12 YEARS. 


cc! Coamender : | DOD DIR 5200.10 
Pacific Missile Renge a: . 
| . ¥ | 
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AOVANCED RESEA S AGENCY 


WASHINGTON 28, D.C. 





ARPA Order No. 41-59 
(Corrected) 


November 17, 1958Date - 


TO: Commander | / Crp — ato of 


Air Research and Development Command — p 
Andrews Air Force Base Rak, Att 
Washington 25, D. C. i tcf ! 5 ee es 


1. Pursuantto the provisions of DoD Directive 5105.15, dated 
February 7, 1958, you are requested to proceed at once on behalf of 
the Advanced Research Projects Agency with the project specified be - 
low. Additional details and directives may be issued by ARPA from 
time to time and will become a part of this Order when so specified. 





2. The Air Research and Development Command is authorized ra 


to design and construct a launch complex in support of the Sentry Pro- 
gram, as described in "Preliminary Construction Proposal (S) (WDIR 
58 49) Pt. Arguello Launch Complex, " transmitted with the September 2, 
1958, memorandum from Air Force Ballistic Missile Division to the 
Director, Advanced Research Projects Agency. | 


3. This Order makes available $6,659, 000 under appropriation 
and account symbol "97X0115.002 Construction, Advanced Research | 
.Projects Agency, Office of the Secretary of Defense, " for obligation 
by the Air Research and Development Command for the design and con- 
struction of the launch complex. 


4. The Director, Advanced Research Projects Agency, and the 
Office of the Secretary of Defense will be kept informed by such prog- 
ress and management reports as may be prescribed. It is intended to 
require progress reports generally in conformance with "USAF Military 
Construction Program Status Report," AFR 93-16, RCS; AF-Z28. 


5. The utilization of equipment and materials procured in con- 
nection with this project for other projects is subject to the direction 
of ARPA. Notwithstanding, final disposition of such equipment and 
materials shall be made in accordance with standard procedures. 


DOWNGRADED AT 3 YEAR INTERVALS. 
DECLASSIFIED AFTER 12 YEARS. 
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ARPA Order No. 41-59 


6. The Air Research and Development Command shall be re - 
sponsible for preserving the security of these projects in accordance 
with the security classification assigned and the security regulations 
and procedures of the Department of the Air Force. 


7. Notwithstanding any other provisions of this Order, the 
Air Research and Development Command shall not be bound to take | 
any action in connection with the performance of this work that would 
cause the amount for which the Government will be obligated here - 
under to exceed the funds made available, and the obligation of ARDC 
to proceed with the performance of this work shall be limited accord - 
ingly. The Air Research and Development Command shall be respon - 
sible for assuring that all commitments, obligations, and expenditures 
of the funds made available are made in accordance with the statutes 
and regulations governing such matters provided that, whenever such 
regulations require approval of higher authority, such approval will 
be obtained from or through the Director, ARPA, or his. designated 
representative. 





cc: Secretary of the Air Force 


CR-/250697 





